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BILL NO. S-87-07- aa 


SPECIAL ORDINANCE NO. seta 


| 
AN ORDINANCE approving Change Order 

No. 1 (Final) for Lawrence Drain 
Improvement Res. 425-86, Phase 

I, with John Dehner, Inc., in connection 
with the Board of Public Works | 
and Safety of the City of Fort 
Wayne, Indiana. | 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 





SECTION 1. That Change Order No. 1 (Final) for Lawrence 
Drain Improvement Res. 425-86, Phase I, with John Dehner, Inc., 


in connection with the Board of Public Works and Safety, for: 


this Change Order and Final is 
necessary because good soil conditions 
found during construction resulted 

to reduction of 584 S.F. of stone 
backfill, 180.S2¥. of Asphalt & 

450 S.F. of sheeting. One power 

pole was relocated by I & M Electric 
Co. at the Company's expense. 

Also, this is a close out change | 
order and some items have been | 
increased or decreased based on 

the final fixed measurements. 

Overall, this is a "deduct" change 

order; 


involving a net decrease of Fifteen Thousand Eighty-Nine and 
65/100 Dollars ($15,089.65), all as more particularly set forth 
in the specifications, and which is on file with the Office of 
the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. | 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





LA ann EEA 


Councilmember 





APPROVED AS TO FORM 
AND LEGAIATY 






oxberger, City Attorney 
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SANDRA E. KENNEDY, CITY CLERK 





Presented by me to the Mayor of the City/of Fort Kone Indiana, 


on the aoe ag’ a (oie [ela I 9 fi 
at the hour of BES o'clock LE -M.,E.S.T. 


ae Eye mh BA tas CITY CLERK 
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WIN MOSES, JR., MAYOR 
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MEMORANDUM 
KKKKKKKKEEEEE 


TO: Board of Public Works & Safety 


OM: Terry L. Atherton, Director of Water 
Resources/Engineering Services 


SUBJECT: Lawrence Drain Improvement - Phase I, 


Resolution No. 425-86, 
B. 0.461586 


DATE: 15 July 1987 
KEKKREREEK 
Transmitted herewith for your review and 


HL (Finat) for subjecti project.) This tis a 


áa net reduction of S155089:65 in- the 
contract. 


execution is Change Order 
"deduct" change order with 
total price of the original 


It is this department's recommendation to the Board of Public Works 


& Safety to execute said document and obtain City Council's approval 
at its next regularly scheduled meeting. 


If you have any questions, please contact Tom Gountras, Project Engineer, 
at 4734. 


TLA/TG/slr 
Attachment: Change Order #1 (Final) 
ce: Jess Yoder, City Engineer 
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CHANGE ORDER 





Change Order No. 1 (FINAL) Resolution No._425-1986 
Project No. Board Order No. 61-1986 
Name of Project: Lawrence Drain - Phase I Date: 7/7/87 
To: A 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 















pen h Description of Change See ee Change in Contract Price 
Ei | [ Increase | 


Po Ss eee Ee Pe 








19,960.40 


The sum of $ 15,089.65 is hereby (@8S8X*5) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Total Decrease 


Total Increase 


Net (Decrease) (XHKXEXKE ) Contract Price 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


156,708.65 
156,708.65 
$ 141,619.00 


The time provided for completion in the contract for this project is (unchanged) AKOPO) 
(ERSREKSEH) by 20> calendar days due to this Change Order. The date for completion 
of all work shall be _ 6-9-87 . Furthermore, this document shall become an 
amendment to the contract and all isions of the contract shall apply hereto. 


ineer Date 7-16-87 
Date P Be SS 8A 










Recommended by: 


a: 
JOHN DEHNER 


Accepted by: 


Approved by: City Engineer Date 1-BR~F 7 
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ATTACHMENT TO CHANGE ORDER : 


Description nit Price 


1 EA. Standard 48" Manhole 850.00 
1 EA. 24" Metal End Section _ 300.00 


584 C.Y. #53 or #73 Special Backfill > °° “!*<2*4"5" 12.35 7,212.40 


lo] 


Decrease 





300.00 





30 TN. RIP - RAP 18.00 


540.00 


4,185.00 


4,473.00 


750.00 


2,500.00 





Total Decrease 19,960.40 


Total Increase 


Net (Decrease) ( ROVID) Contract Price 15,089.65 


Increa 


2,919: 753 


850.00 


300.00 


176.00 


625.00 


4,870.75 


le 


Change Order No.__1 (FINAL) 


Resolution No. 425-1986 
Board Order No. 61-1986 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Good soil conditions found during construction resulted 
to reduction of 584 S.F. of stone backfill, 180 S.Y. of asphalt and 450 S.F. 


of sheeting. One power pole was relocated by I & M Electric Co. at the Company's 


expense. Also, this is a close out change order and some items have been 
increased or decreased based on the final fixed measurements. Overall, this is 


a "deduct" change order. 
Ppa are gees i ction iC wheels eis EN AN SEE CARRS Seer SS iene rent ees Sas ee OO a rool Renee 


Se iid eae Steere Pee ey Sa ae ee ee ee ee ee Se ee 
Will proposed change alter size of the project? Yes No X 


If yes, explain 


ge. RE CN rN a Perc RE eee NE 
Affect on operation and maintenance cost of this project: 


NONE 
SI ak et ie IN MR RSV AS OBE Se lle? Si hs one” areas SS ee eS ee ee a 
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Tom Gountras roject Engineer 
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TITLE OF ORDINANCFChange Order #1 (Final) for Res. 425-86, Lawrence Drain, Pht 








DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 








SYNOPSIS OF ORDINANCE Change Order #1 (Final) for Lawrence Drain Improvement 





- Res. 425-86, is necessary because good soil conditions found 











during construction resulted to reductien of 584 S.F. of stone back 





Fille, 180 S. Y. of Asphalt & 450/S.F. of sheeting. One power 





pole was relocated by I & M Electric Co. at the Company's expense. 





Also, this is a close out change order and some items have been 





increased or decreased based on the final fixed measurements. 


Overall, this is a "deduct" change order. 


a 
v3 


John Dehner, Inc., is the contractor. 
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EFFECT OF PASSAGE To facilitate completion of project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $15,089.65 


ASSTGNED TO COMMITTEE 


BEL NO. S-87-07-45 à 
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REPORT OF THE COMMITTEE ON 
aAA ee a a r A N 


CITY UTIEITIES 


WE, YOUR COMMITTEE ON ‘ TO WHOM WAS 
a 


REFERRED AN (ORDINANCE) (RESQLYREQN) aPProving Change Order 


No. 1 (Final) for Lawrence Drain t, with John Dehner, Inc. min 


connection with the Board of Public Works and Safety of the City 


of Fort Wayne, Indiana Radosh i 
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HAVE HAD SAID (ORDINANCE), (RESODUDDOM) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 





` (RESGHEREQN) 
YES NO 
<5 E a i e e B. REDD 
SS CHAIRMAN ee 


< PAUL M. BURNS 
VICE CHAIRMAN 


2 
=x AF, THOMAS C. HENRY 
LE EIP PA B D h A TERMER 


j 
Lay bu, BEN A. EISBART 








Do. i SAMUEL J. TALARICO 


CONCURRED IN GAL F SANDRA E. KENNEDY 
CITY CLERK 








